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within the scope. In sum, 
OL restates its position 
in paragraph 3 of attached 
that the additional funds 
are within the scope of 
work, 


The Comptroller advises 


that FY 77 funds are available. 
Recommend your approval. — 


25X 


Att (OL 8 1255) 


Distribution: 
Orig - Addressee 
1 - OL Files 
.k- OL Official (RECD) 
1 - OL/EO Chrono 
1 - D/L Chrono 


EO/OL 25X 
(31 Mar 


>» J | Approved é Release PANE RE ae 


OTR 79-8071 
20, NOV 1979 
MEMORANDUM FOR: Director of Logistics 
FROM: Donald E. Smith 
Director of Training 
SUBJECT: Proposed Memorandum from Director 


BO 


of Logistics to the Comptroller . . 


1. Forwarded herewith is a proposed memorandum from 
the Director of Logistics to the Comptroller requesting 
additional funds from FY- j j 


fire-suppression system 
Construction o along s 
oward completion, and is rapidly reaching the point where 


installation of the suppression system should be made. 

Use of FY-77 funds is justified on the basis that the work 
involved is a revised cost estimate and not a change of the 
scope of the project. (C) 


2. It is requested that the Director of Logistics 
forward the memorandum to the Comptroller requesting the 
additional funding. (C), 
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Donald E. Smith 
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